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DART AEROSPACE 
LTD 
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Spacepod/Sliding 
Door Hinge Kit 
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for Change: 


Customer 
feedback 
confirms that a Sliding Door Hinge kit is desirable for the AS 350 models so Spacepods 
may be installed 
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4 
Required Documents/Drawings 
Under Review 


5 
Update Product Compatability 
Matrix 
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Create Eurocopter 
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Notify TC 1 FAA of Change 
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Move Electronic 
Files 
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Files 
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List (MOL) 


12 Update Document 
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ECN Verified & Complete: 


Description 
1 Action: 


- Update estimates 
for 0350-600-541/-542 
for latest drawings 
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